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1 , THIS IS TO ACKNOWLEDGE RECEIPT OF YOUR NOTICE TO TERMINATE 
CONTRACTS 61* 194-5 AND 1X«4566 FOR CONVENIENCE AS CONTAINED I-N REF,, A, 
2 * CONFIRMING PREVIOUS AGREEMENTS SUBSEQUENT TO OUR RECEIPT 
0? THE STOP-WORK ORDER TREE 3) i 

A, COSTS W ILL BE ACCRUED AGAINST CONTRACTS 3T-1S43 AND IX-4666 
THROUGH CLOSE OF NORMAL WORK DAY 25 0CT03ER 2963, THIS DATE 13 THE 
END OF OUR ACCOUNTING MONTH OF OCTOBER • 

8 * FROM THE START OF THE WORK DAY 28 OCTOBER 1963, ALL 
TERMINATION costs for both contracts will be accrued against our 

NUMBER 9003 AND ALL SETTLEMENT EXPENSES FOR BOTH CONTRACTS WILL BE 




AGAINST OUR NUMBER 3094, SUBSEQUENTLY, THESE COSTS WILL BE 


PRORATED TO EACH CONTRACT IN A MUTUALLY AGREEABLE FASHION-, 

C> VI HAVE STOPPED ALL WORK AND TERMINATED ALL SUBCONTRACTS 

Lin -;«iH P-HO i ; glassworks > which were affected by your stop-vopx 
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ORDER, SCHOTT IS APPROXIMATELY 90 - 95 PERCENT COMPLETE ON 
WORTH OF 3LASS > 


RECOMMENDS THIS ORDER REMAIN OPEN BECAUSE 
OF THE DIFFICULTIES IN ASSESSING PERCENTAGE COMPLETION AND OTHER- 
WISE SATISFACTORILY NEGOTIATING ANY TERMINATION CLAIM, SECURITY 
SUBCONTRACTS HAVE ALSO REMAINED IN EFFECT, 

D, OUR PLAN IS BEING PREPARED AND WILL BE READY FOR REVIEW 

5 NOVEMBER 1953, 

END Or MESSAGE 


SECRET 


Approved For Release 2004/06/29 : CIA-RDP66B00728R000300090012-5 




